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1. In reference to memorandum dated 4 May 1951 to Chief, Engineering 
Branch from Chief, Operations Branch, it Is -requested that a letter be 
prepared to Project Review Committee for approval for expenditure of 
$73, LOO. for construct ion of a new operations building and expansion of 


transmitter building at 


projeot. 


2. A breakdown of estimated expenditures for new operations building 
Is as follows: 


a. Building Material $17,357. 

Building labor ... 13,571. 

b. Sard top access road - Material 5,35&» 

labor 4,547. 

o. 10$ overhead on above 4,183. 

d. Fencing Material 8,262. 

o. Power Cable 666. ■ 

f . Power Transformer 714. 


TOTAL $55,^56. 
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3. A breakdown of estimated expenditures for expansion of present 


transmitter building is as follows: 

f(LCl£VLf<t 


a. New wing to bo added to present building 

$14,000. 

b. Rewire present building 

1,250. 

c. Bard surface entrance and parking lot 

1 , 500 . 

d. Paint exterior of building 

750. 

^ .. taMlwU^thvfMn, 

250. 

TOTAL 

$17,750. 

4. All fi&uros are based on exchange rat© of 

values STATINTL 

to one dollar. 



FOR TEE CHIEF, ETJOINEERINO BRANCH: 


STATINTL 


SGHsden 
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